o Task Name Duration Finish Predecessors Resource Names 








o| | y| | | a| w| N| — 


eh| «| a| «b]| d| «h| «h| «h| «b]| «b 
oo-o | a| w| N| >| O 


Sa R B R SS 


& al i l e aage sS S al eal eel S B aN 


47 


49 





4 Upgrade Oracle to 8.0.5 21 days Mon 3/26/01 5:00 PM 
Test 10 days Mon 2/26/01 8:00 AM Fri 3/9/01 5:00 PM 
wv Test Server 2days Sat 3/10/01 8:00 AM Tue 3/13/01 5:00 PM | 2 
D1-Server 2days | Wed 3/14/01 8:00 AM Thu 3/15/01 5:00 PM | 3 
D2-Server 2days Wed 3/14/01 8:00 AM Thu 3/15/01 5:00 PM | 3. 
D3-Server 2days| Wed 3/14/01 8:00 AM Thu 3/15/01 5:00 PM | 3 
D4-Server 2days Wed 3/14/01 8:00 AM Thu 3/15/01 5:00 PM | 3 
Eg D5-Server 2 days Fri 3/23/01 8:00AM Mon 3/26/01 5:00 PM | 3 
D6-Server 2days Wed 3/14/01 8:00 AM Thu 3/15/01 5:00 PM | 3. 
D7-Server 2days Wed 3/14/01 8:00 AM Thu 3/15/01 5:00 PM | 3 
D8-Server 2days Wed 3/14/01 8:00 AM Thu 3/15/01 5:00 PM | 3 
CO-Server 2days Wed 3/14/01 8:00 AM Thu 3/15/01 5:00 PM | 3 
4 Upgrade Cluster Servers 12 days Thu 3/1/01 8:00 AM Fri 3/16/01 5:00 PM 
y” Test 7 days Thu 3/1/01 8:00 AM Fri 3/9/01 5:00 PM 
D1-Server 5days Mon 3/12/01 8:00 AM Fri 3/16/01 5:00 PM 15 
D2-Server 5days Mon 3/12/01 8:00 AM Fri 3/16/01 5:00 PM | 15 
wv D3-Server 2 days Fri 3/9/01 8:00AM Mon 3/12/01 5:00 PM | 15 
D4-Server 5days Mon 3/12/01 8:00 AM Fri 3/16/01 5:00 PM | 15 
DS-Server 5days Mon 3/12/01 8:00 AM Fri 3/16/01 5:00 PM 15 
D6-Server 5days Mon 3/12/01 8:00 AM Fri 3/16/01 5:00 PM 15 
D7-Server 5days Mon 3/12/01 8:00 AM Fri 3/16/01 5:00 PM | 15 
D8-Server 5days Mon 3/12/01 8:00 AM Fri 3/16/01 5:00 PM | 15 
CO-Server 5days Mon 3/12/01 8:00 AM Fri 3/16/01 5:00 PM 15 
4 Deploy ARCIS Browser (7.0-1) 32 days Thu 3/1/01 8:00 AM Fri 4/13/01 5:00 PM 
[Em] Test Server (S&M) 1 day Thu 3/1/01 8:00 AM Thu 3/1/01 5:00 PM 
Test 30 days Fri 3/2/01 8:00 AM Thu 4/12/01 5:00 PM | 27 
D1-Server 1 day Fri 4/13/01 8:00 AM Fri 4/13/01 5:00 PM | 28 
D2-Server 1 day Fri 4/13/01 8:00 AM Fri 4/13/01 5:00 PM | 28 
D3-Server 1 day Fri 4/13/01 8:00 AM Fri 4/13/01 5:00 PM | 28 
D4-Server 1 day Fri 4/13/01 8:00 AM Fri 4/13/01 5:00 PM | 28 
DS-Server 1 day Fri 4/13/01 8:00 AM Fri 4/13/01 5:00 PM | 28 
D6-Server 1 day Fri 4/13/01 8:00 AM Fri 4/13/01 5:00 PM | 28 
D7-Server 1 day Fri 4/13/01 8:00 AM Fri 4/13/01 5:00 PM | 28 
D8-Server 1 day Fri 4/13/01 8:00 AM Fri 4/13/01 5:00 PM | 28 
CO-Server 1 day Fri 4/13/01 8:00 AM Fri 4/13/01 5:00 PM | 28 
4 Upgrade ARCIS to 7.2 67 days Thu 2/1/01 8:00 AM Fri 5/4/01 5:00 PM 
EJ Test 66 days Thu 2/1/01 8:00 AM Thu 5/3/01 5:00 PM 
Test Server (S&M) 1 day Fri 5/4/01 8:00 AM Fri 5/4/01 5:00 PM | 40 
D1-Server 1 day Fri 5/4/01 8:00 AM Fri 5/4/01 5:00 PM | 40 
D2-Server 1 day Fri 5/4/01 8:00 AM Fri 5/4/01 5:00 PM | 40 
D3-Server 1 day Fri 5/4/01 8:00 AM Fri 5/4/01 5:00 PM | 40 
D4-Server 1 day Fri 5/4/01 8:00 AM Fri 5/4/01 5:00 PM | 40 
D5S-Server 1 day Fri 5/4/01 8:00 AM Fri 5/4/01 5:00 PM | 40 
D6-Server 1 day Fri 5/4/01 8:00 AM Fri 5/4/01 5:00 PM | 40 
D7-Server 1 day Fri 5/4/01 8:00 AM Fri 5/4/01 5:00 PM | 40 
D8-Server 1 day Fri 5/4/01 8:00 AM Fri 5/4/01 5:00 PM | 40 
CO-Server 1 day Fri 5/4/01 8:00 AM Fri 5/4/01 5:00 PM | 40 
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